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SPECIFICATION AND PROPOSAL SHEET FOR RECONSTRUCTING FLOOR OF THE 


NETTING AND REFINING ROOM AT THE U. S. MINT, DENVER, COLORADO. 


U. S. MINT, DENVER, COLORADO. Office of the Custodian, 

.. . 1 907. SEALED PROPOSALS 

will "be reoeired at this offioe until _o 1 clock p. m. 

on the _ day of _ 1907, and then opened, 

for reconstructing floor of the melting and refining room 
at this "building, in accordance with drawing snttr- specifica¬ 
tion, copies of v/hich may "be obtained upon application. 


Custodian. 













Ea°j”.wff-wfc V Jrjeastmj Jlcpartmeut, 

office OF THE SUPERVISING ARCHITECT, 


SPECIFICATION for fi®COBS!PRODTI3TG KiOOB OP THE j glL T iaS 1KB REPTSTFC 


ROOM AT TSB fl. 5. HUT, DBTOR, COLORADO. 


GEN 7«», U. S. Mint, 

FORM OF PROPOSAL AND SIGNATURE. Deliver, <JolO. 

Proposal must be made on the blank form hereto attached, inclosed in sealed envelope, marked proposal with title of building as 
given above, and addressed to the Supervising ArchitectJ^tating in writing and figures (without interlineation, alteration, or erasure) 
the sum of money for which the bidder proposes to supply the materials and perform the work required by the drawings and this 
specification, and the time within which he proposes to complete the work, and the unit prices called for in proposal sheet. The 
proposal must be signed with the full name and address of the bidder; if a copartnership, the copartnership name by a member of the 
firm, with the namesand addresses in full of each member; and if a corporation, by an officer in the corporate name, with the corporate 
seal attached to such signature. No telegraphic proposals or telegraphic modifications of proposals will be considered. Proposals 
received after the time advertised for the opening will be returned unopened. If proposal is sent by registered mail, allowance 
should be made for the additional time required for such transmission. 

CERTIFIED CHECK. 5 

Each bidder must submit with his proposal a certified check, in a sum equal te3E per cent of the amount of such proposal, drawn 
to the order of the Treasurer of the United Slates, and the proceeds of said check shall become the property of the United States, if, 
for any reason whatever, the bidder, after the opening of the bids, withdraws from the competition, or refuses to execute the contract 
and bond required in the event of said contract being awarded to him, and checks submitted by the unsuccessful bidders will be 
returned after the approval of the contract and bond executed by the successful bidder. Copy of contract and bond will be 
furnished the contractor after the approval of his bond. 

EIGHT HOUR LAW. 

The attention of bidders is called to the Act of Congress, approved August t, 1892, limiting the hours of daily service of laborers 
and mechanics employed upon public works of the United States to eight hours in any one calendar day. 

SUBCONTRACTORS. 

No subcontractor or other person furnishing material or labor to the contractor will be recognized, nor will this Department be 
responsible in any way for the claims of such persons beyond taking a bond, as required by the Act of Congress approved August 
13, 1894, which provides in substance that when a formal contract is let for the erection or repair of a public building, etc., the 
contractor, before commencing such work, shall furnish the usual penal bond, with good and sufficient sureties, with the additional 
obligation that such contractor will make prompt payment to all persons furnishing him labor or materials used in the prosecution 
of the work. Persons so furnishing materials or labor have a right of action on said bond, in the name of the United States, for 
their use. No formal contract is usually let, however, and no bond taken where the amount involved is less than $2,000. 

PARTIES IN INTEREST. 

No Member of or Delegate to Congress and no officer of the Treasury Department, superintendent, inspector, clerk, employee, 
or other person in any manner connected with the Office of the Supervising Architect, shall be interested, either directly or indirectly, 
in the contract or work herein provided for, or be entitled to any benefit derived therefrom; and any violation of this understanding 
shall work a forfeiture of all moneys which may become due to the successful bidder. 

RIGHTS RESERVED. 

The material proposed to be used, time for completion of work, and the competency and responsibility of bidders will receive 
consideration before award of contract. 

The Treasury Department reserves the right to accept any part or parts of the proposal made at the prices included in same; 
also to waive any informalities in, and to reject any and all proposals, and to require the contractor to discontinue the services of any 
workman employed on the work who is unskillful! or otherwise objectionable. 

FORM OF CONTRACT. 

The contract which the bidder agrees to enter into shall be in the form adopted and in use in the Office of the Supervising 
Architect, blank forms of 'which can be inspected at said office, and will be furnished, upon request being made, to parties proposing 
to submit bids. In case of the abrogation of the contract, whether by reason of the default of the contractor, his bankruptcy or 
other cause, the Supervising Architect, acting for both parties, shall have the right to determine the valuation of all work performed, 
and all materials furnished in place in connection with the contract, and of all material, machinery, tools, etc., upon the site of the 
building, taken possession of by the Government and his decision shall be final. 

PROTECTION OF WORK AND MATERIALS. 

The contractor must obtain, at his expense, all necessary policies of insurance on work and material supplied by him, as the 
same will be at his risk until final completion, inspection, and acceptance; but the contractor will be relieved of any risk for that 
portion of the building occupied by the Government before entire completion of his contract. 

MODIFICATIONS. 

The Department reserves the right to make any additions to, omissions from, or changes in. or substitutions for, the work or 
material called for by the drawings and specification, without notice to the surety or sureties on the bond given to secure satisfactory 
compliance with the terms of the contract; and the Department further reserves the right to demand additional security when 
additions are made, if in its judgment, such security is required. The unit prices called for in the proposal sheet shall be used as 
the basis of value of such additions, omissions, or changes, if they arc deemed reasonable by the Supervising Architect If deemed 
unreasonable, or if none applicable are given, and no agreement can be reached by the Supervising Architect and the contractor as 
to the reasonable value of the work, then the Supervising Architect shall have the right to fix the value of such additions omissions 
or changes, and no claim for damages on account of such change or for anticipated profits shall be allowed. 

PAYMENTS. 

Payments will be made as hereinafter stated. 

DELAYS. 

Each bidder must submit his proposal with the distinct understanding that, in case of its acceptance, time for the completion of 
the work shall be considered as of the essence of the contract, and that for the cost of all extra inspection, and for all amounts paid 
for rents, salaries of contingent force, and other expenses entailed upon the Government by delay in completing the contract, the 

United States shall be entitled to the fixed sum of . Tell dollars ($10* 00 ) 

as liquidated damages, computed, estimated, and agreed upon, for each and every day s delay not caused by the UmtcdStates. Provide*! 
however, that the collection of said sum may, in the discretion of the Secretary, be waived inwffiolcorin part; and that the contractor 
is to be entitled to one daj r , in addition to saiil stipulated time, for each day’s delay that may be caused by the Government. 

The Department, acting for the United States, reserves the right to suspend a‘ny portion of the work embraced in the contract 
whenever, in his opinion, it w T ould be inexpedient to carry on said work. 





EXECUTIVE ORDER. 


Attention is directed to the following Executive order: 

Whereas by an Act of Congress which received Executive 
approval on February 23, 1887, all officers or agents of the 
United States were as a matter of public policy, forbidden under 
appropriate penalities, to hire or contract out the labor of any 
criminal who might thereafter be confined in any prison, jail, 
or other place of incarceration for the violation of any laws of 
the Government of the United States of America. 

It is hereby ordered that all contracts which shall hereafter 
be entered into by officers or agents of the United States in¬ 
volving the employment of labor in the States composing the Union, 
or the Territories of the United States contiguous thereto, shall, 
unless otherwise provided by law, contain a stipulation forbid¬ 
ding, in the performance of such contracts, the employment of 
persons undergoing sentences of imprisonment at hard labor which 
have been imposed by courts of the several States, Territories, 
or municipalities having criminal jurisdiction." 


EXECUTIVE ORDER NO. 2. 


I. All Departments of the Government under the supervision of 

which public works are being constructed are hereby directed to 
notify the^ representatives stationed at such public works to re¬ 
port at once to their respective Departments all cases in which 
contractors or subcontractors on works now under construction 
have required or permitted laborers or mechanics in their employ 
to work over eight hours in any one calendar day. J 

II. All Government representatives in charge of construction 
of public works are further directed that it is part of their duty 
to report to their respective Departments each and every case in 
which laborers or mechanics are required or permitted to work 
over eight hours a day on the works under supervision of such 
Government representatives. Wherever reports showing work in 
excess of eight hours a day are received by any Department they 
are to be referred to the Department of Justice for appropriate 
action. 

III. All Departments of the Government under the supervision 
of which public works are being constructed by contract are 
further directed to have their respective legal officers prepare 
and forward to the President a list of such statutes and executive 
orders as have a direct bearing on contracts for the construction 
of public works, and with which bidders on such works should be 
made acquainted. 




TREASURY DEPARTMENT, 
OFFlCK ok SUPfcUVlSINU AlU'HITKCTT. 
Form No. 8758 % <> Ed. Mur. 27-U7—10,000. 
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V*. 

NOTICE TO SURETIES. 


The attention of the Sureties is particularly directed to the following conditions: 

The final inspection and acceptance of the work shown by the 
drawings and specifications forming a part of the contract shall 
not be binding or conclusive upon the United States if it shall 
subsequently appear that the contractor has willfully or fraudu¬ 
lently or through collusion with the representative of this 
Department in charge of the work supplied inferior materials or 
workmanship, or has departed from the terms of his contract. In 
any such case the United States shall have the right, notwith¬ 
standing such final acceptance and payment, to cause the work to 
be properly performed and satisfactory material supplied to such 
extent as in the opinion of the Supervising Architect may be 
necessary to finish the work in accordance with the drawings and 
specifications therefor at the cost and expense of the contractor 
and the sureties on his bond, and shall have the right to recover 
against the contractor and his sureties, the cost of such work 
together with such other damages as the United States may suffer 
because of the default of the contractor in the premises, the 
same as though such acceptance and final payment had not been 
made. 

Attention is called to Section 21 of the Act approved June 6, 1902, which provides 
as follows: 

"That in all contracts entered into with the United States, 
after the date of the approval of this Act, for the construction 
or repair of any public building or public work under the control 
of the Treasury Department, a stipulation shall be inserted for 
liquidated damages for delay; and the Secretary of the Treasury 
is hereby authorized and empowered to remit the whole or any part 
of such damages as in his discretion may be just and equitable; 
and in all suits hereafter commenced on any such contracts or on 
any bond given in connection therewith it shall not be necessary 
for the United States, whether plaintiff or defendant, to prove 
actual or specific damages sustained by the Government by reason 
of delays, but such stipulation for liquidated damages shall be 
conclusive and binding upon all parties." 
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GSHBBmY. 

1. The Custodian of the building will he in charge of the work. 

2„ Bidders are requested to visit the building, confer with the 
Custodian, inform themselves of all governing conditions, take 
their cwn measurements if any he required, and include in their 
estimate all items of labor and materials required or necessarily 
implied that may he necessary for the entire completion of the 
w^rk in accordance with the intent of this specification, whether 
separately mentioned or not. 

3. Interference with the public business must be avoided as far 
as possible, and unnecessary delay in the progress of the work 
will not be tolerated. 

4* Contractor must furnish all labor, materials, tools, scaffold¬ 
ing, drop cloths, etc., neoessary for the proper execution of this 
work, and all such labor, materials, etc., must be of the best 
quality and 7/ill be subjeot in every respect to the approval of 
tho Custodian. 

5. Rejected material to be promptly removed from the premises. 

6. The furniture is to be moved as may be neoessary for the proper 
execution of the work, and on completion of the work is to be sat¬ 
isfactorily replaced by the contractor as the Custodian may direct. 

t' 

7. Contractor v/ill be held responsible for all damage resulting 
from his operations, incident to this work, and must make same 
good at his ovm expense. 

8. Contractor must remove during progress of the work as may be 
directed, and at completion, all dirt, debris, etc., resulting from 
his operations, and leave premises in perfect condition. 

9. Payment 7/ill be made upon the satisfactory oompletion and 
acceptance of the work. 

10. If no bid be submitted the specification must be returned 
at once; otherwise, it must be handed in with the proposal. 


\ 
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SCAST02D 


» 


Build a substantial scaffold in coining room under melting 
a&d refining room and extending under main girder with vertical 
side wall from scaffold to coiling, The floor and side wall to 
be zr&de tight so as to prevent the escape of dojt or water into 
the coining room. * 

C OT^3TJm. 

Care fully take down the condenser and store the mat a rials 
in the adjacent room. Upon completion of the new floor, rebuild 
the condenser, same size and shape as at present. 

EE MJVJNCr PjjOOE. 

Remove the concrete floor and tile arches in melting room; 
the material to be taken from building through second story 
window as directed by Custodian. Carefully olean the structural 
steel framing, removing any rust, and paint the same one good coat 
of approved graphite paint. 

CEF0SRI1C. 


Construct strong tight centering which will not deflect under 
ramming. Top of centering to be flush with top of floor beams. 
Centering not to be removed in less than fifteen days after con¬ 
crete is placed. 

COICEETIEG. 


beam with metal lathing and plaster same with 
cement mortar 1—1/8 11 thick. Construct a concrete 


Cover each 

1 to 2 Portland cement mortar 1-1/ 
floor, top of floor to be 6 :T above top of main girder, approximate¬ 
ly 2 inches above floor of refining room. The ooncrete to be made 
of five parts of aggregate (crushed vitrifued clinkers or other 
light hard substance approved by the Supervising Architect), 
thoroughly clean and broken to pass through a l n mesh screen,, 
two parts olean sharp sand, and one part Portland cement. The 
materials to be well mixed and thoroughly rammed in place„ The floor 
concrete to be reinforced with expanded metal Ho. 10" gauge 5" mesh 
or other reinforcement approved by the Supervising Architect; to be 
free from rust when installed, laid with long axis at right angles 
to the bearings, embedded 3/4 1f from bottom of concrete. Ploor to 
have a finished ooat 1 M thick, composed c-f two parts Portland cement 
to three parts sand, mixed and spread upon the concrete before it 
has set and troweled down to a smooth firm finish. Make an inoline 
full width of doorway and three feet long to conneot with floor of 
refining room. 


BXPAUSIGH JOINTS. 


Make one expansion Joint in the concrete lengthwise in the 
middle of the room and erosswise Joints over every alternate floor 
beam. These Joints to be actual spaces l/8 TT wide olean through the 
concrete and reinforcement. The Joints to be filled with an approv¬ 
ed elastic cement after the mortar has set. 
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PLASTERING. 

1” tee irons 12" centers, to be securely wired to under side 
of floor ’beams to form framing for plastered ceiling 5" below 
bottom of beams. Tees to be painted same as floor beams. Approved 
metal lathing to be fastened to these tees and plastered with an 
ap-oroved hard plaster, best three coat work with hard white finish. 
Repair plastering of main girder with same material where necessary. 

Y3ET ELATION. 

3aoh of the spaces between the floor beams to be ventilated 
by placing a circular grating 6" in diameter in the ceiling near 
the main girder, and a 6" sheet metal flue through the concrete 
at the wall end of the spacs. A vent duct of sheet metal to be 
-olaced along the outer wall under the windows and leading up to 
the ventilator in oeiling of melting room. The duct on the outer 
wall to be 4 i 6 inches at the beginning, increasing to 6 2 14 
inches at end, and the uptake to be 6 x 14 inohes. Each of the 
vents through the floor to be oonnected to the duct on the wall. 

All ducts to be made of Ho. 26 galvanized iron fitted up air 
tight and strongly secured in place. The eleotric fixtures and 
oonduits will be removed and replaced by the Custodian. This 
contractor is to maintain all pipes in their present position and 
secure the pipe hangers to the new floor. 


L* 


James Knox Taylor, 

Supervising Architect. 


COPY MOD 


PBDPOSAL FOE EEOONSTRUOTIIG FLOOR 0? USB UELEEII9 ASD KEPHUG BOOM 


H7S32 IT. S„ Mlifl, GQWMSO. 


July 16, _ 1907, 


To the Superriaing Arohiteot, 
Treasury department, 
Care Custodian, -"O'. S. Mint, 

Denver, Colorado. 


Sir: 

c hereby propose to furnish all labor and materials 
requiracTTor reconstructing floor of th9 melting and refining room 
at the U. S, Mint, Denver, Colorado, in aocordanoe with the speoi- 
fioation and instructions of the Custodian, for the total sum of: 

nty-trn-— hundred f fifty dollars- ($ _- LOt0Q ) 

Number of days to complete from date of award <* o: ; ~n- n ~, _ . 


Brand name and name of manufacturer of Portland cement 
proposed to be used: 

Iola,Iola Portlan d, Conont Co Ideal. Portland Orient Co..oi* nolo. 

Brand name and name of manufacturer of elastio cement 
proposed to be used: 


Signature Kl- _-_ PROPPING 0Q. f 

Address 1015 Arapahoe St,, _ 

D'ttivei’, Colo, 

Names of Individual Members of Firm: 


Name of Corporation. Name of President. 

TIL. HINC IIiiAIT- RilH TON FIRE PROOFING 00._ J.K.HTUflmrAW. _ 

Name of Secretary. Under what law corporation 

is organized. 

E. 7J. HIHCHU/JI. CGJiGRADG, 


Cashier's Check ISO.00 inclosed. 



























COPY HCS . 
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TREASURY DEPARTMENT, 

Office of the Secretary, 

m sainG?05, July 22 , 1007 . 

The Hinchman-Renton Fire Proofing Company, 

1815 Arapahoe Street, 

Denver, Colorado. 

Sirs: 

Ir. accordance -with the approval of the Dopartmont and 
recommendations contained in telegram of the 15th instant irorn 
the Custodian of the 0, .Mint- at Denver, Colorado, your propos¬ 
al 7 ms accepted by Dopartmont tole am of July 10,1907, as folldws: 

"lour proposal, in amount two thousand throo hundred 
fifty dollars, for reconstructing melting room floor Denver 
Mint, hereby accepted in view of public exigency. Communi¬ 
cate with Custodian. Letter follows.* 1 

Tho Dopartmont in now in receipt of lo'tor dated the 15th 
instant, from the Custodian of the building, inclosing your pro¬ 
posal above referred to, dated July 15,1907, and in amount two 
thousand tiiroo hundred and fifty dollars ($2,350*00), the lowor 
of tv?o roceivod in response to advertisement, t furnish all 

labor nd material required for reconstructing floor of tho 

room 

melting and reflning A at the U.S.Mint, Denver, Oolorp„do, and De¬ 
partment telegram of July 16,1907, is hereby confirmed. 

It is understood end agreed that you are required to executo 
a formal contract, with bond in the sum of twolve hundred and 
fifty dollars ($1,250*00), guaranteeing the faithful performance 
of tho work ombracod in this acceptance, a form ior which will 
bo forwarded. This oontract and bond must bo oxecutod in strict 
accordance with the rules printed at the head of said fort., end 
returned to tho Supervising Architect of this Department at 


once* 




Tho time acooptod and fixed for complotion of tho work is 
that stated in your proposal, noaoly, forty (40) working days, 
and Trill operate from the dato of approval of your bond* 

Tho cashier 1 o chock for ono iiundrod and thirty dollars 
($130*00), ^hich accompanied your proposal, will bo collootod and 
the proceeds held until your bond has been approvod* 

Either the "Iola" or "Idoal" Portland cement named in your 
proposal, oan bo used in the work* 

Tho work will bo under the diroot supervision of the Cus¬ 
todian of tho building, aided by nuch roprocontativo of tho De¬ 
partment ao may be detailed for the purpoao. 

Payment will be made as provided for in the specification 
from the appropriation for "Repairs and Fr nervation of Public 
Euildings, 1008", and tho Custodian will be authorised to sub¬ 
mit vouchor accordingly * 

Ploano make prompt acknowledgment of tho receipt of this 
lottor* 


S 

W L OEK JKT 


Rospeotfully, 

(Signod) Dinaoug yiH'IEACP. 

Assistant Secretary. 


TELEGRAM . S GDE L 


IplVhP. tUHT. TREASURY DEPARTMENT, 

F Office of Supervising Architect, 

WA2HIECICE,July le,1907. 


iiinofcflian Ronton Firepi'oof ing Company, 

Denver, Oelorcdc. 

Your propoeel, in caount two thousand throe hundred fifty 
dollaro, for reoonutruoting melting room fleer Denver, hint, 
horoby accepted In vicr of public exigency. Cccnunicf.tG with 
Guetodian. Letter folio a. 


OZK JKT B\i 


(Signed) BESKMffl NmgROP. 

ADBiotant Soorotcry, 











TREASURY DEPARTMENT, 
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INSTRUCTIONS TO BE FOLLOWED IN EXECUTING THE FOLLOWING INSTRUMENTS. 


1. The CHRISTIAN NAMES (one or more) must be written in full in tho Irody of the 

bond. 

Whon the contracting party is a PARTNERSHIP concern, the CONTRACT must 
bo signed with tho FIRM NAME, without seal, and the BOND must bo signed and sculed 
by EACH member of tho iirm. Whon tho contracting party is a CORPORATION, the 
contract and bond must Ijo signed in tho CORPORATE NAME by the duly authorized 
ollicor of tho corporation ; there must bo attached to tho contract duly authenticated 
evidence that tho ollicor executing tho contract and bond has authority to do so, and 
that ho has boon duly elected to such office, and tho corporate seal must be aflixed to both 
the contract and bond. In the event that tho corporation has no corporate seal, tho fact 
should bo shown ; and in such case a Beal of wax or wafer should bo adopted and used for 
tho tinm being us tho soul of the corporation. 

2. Tho bond must bo dated; and the bond must bo of the same (or subsequent) date as 
tho contract. 

3. Each .signature must bo made in tlie presence of two persons, who must sign their 
nuines us witnesses. 

4. Thoro inuBt not be less than two individual suretios ; but one corporate surety, duly 
qualified under tho Act of Congress of August 13, 1894, may bo accepted as solo surety. 

6. Seals of wax or wafor must bo attached to tho signatures on tho bond of the prin¬ 
cipal and sureties. No Beals are required to signatures on contract, except corporate seals. 

6. A married woman will not bo accepted as surety. 

7. The suroties must justify in amounts tho aggregate of which will bo equal to at 
least twice tho penalty of the bond. 


This rule applies to corporate os well os individual sureties; and corporate sureties 
will also bo required to attach to each bond a copy of the last statement of their assets 
and liabilities, as rendered pursuant to section 4 of the Act of Congress of August 13,1894. 

8. Each surety must make nnd sign an affidavit of the amount he is worth over and 
above all debts and liabilities, and such exemptions as may be allowed by law. 

9. Sureties, other than corporate sureties, must state under oath that they are not 
responsible os sureties on any other bond; or, if so liable, the amount of such liability. 

10. Tho affidavits of sureties must be taken and subscribed before an officer 
authorized to administer oaths generally, who must certify that he administered the 
oaths. If tho affidavits are taken before a clerk of a court of record, a United States 
commissioner, or a notary public, whoso official seal is thereto affixed, or before a judge 
of a United States court, authority to administer the oaths need not be shown; but if 
taken before any other officer, or if the official seal of tho clerk. United States commis¬ 
sioner, or notary, is not affixed, the authority to administer the oaths and the official 
character of the officer must be duly certified. 

11. A judge or clerk of a court of reeord, a United States attorney, or u United 
States commissioner, must certify that the sureties are sufficient to pay the penalty 
of tho Irond; and, oxcept in tho case of a judge of the United States coarts or a 
United States attorney, if the person certifying has no seal, his official character mast 
bo duly certified. The foregoing does not apply to corporate sureties who have complied 
with rule 7 hereof. 

12. The residence of principal and suroties must be distinctly stated. 

13. All erasures and interlineations in contract or bond must lie noted above the 
signatures of the witnesses as having been made before tho oxecation thereof. 
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12 


13 


14 
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BETWEEN THE 

si of Um bond h 


n 


UNITED STATES OF AMERICA 


ill *)t 


AND 


TVvtt h. ixxoVucncLxi.on Fix*e Proofing Co. 


achieves^ By advertisement, duiy made and published according to law, proposals 
and materials for tlie work herein provided for; and_ 


were asked for furnishing all of the labor 

‘ u of l!#« topanwiif Aivbitect. 


‘GSUxcreas, The proposal Of The Hinchman-Renton Pire Proofing Co. 

furnished in response thereto, was duly accepted, as hereinafter stated, on condition that it 
with the terms of said bid. __ 


t*l nhaJI tutvanfv. for (J* 

—- - ---- 

execute a contract in accordance 


Hour, tTxerofore, this aflvoement, made and entered into by and between J.B.Reynolds, Acting 
Secretary of the Treasury, for and in behalf of the United States of America, of the fetf part, and The Hinchman-Renton Fire 
Proofing Co., a corporation organized under the laws of the State of Colorado and having 
executive offices in Denver,Colo#, - ________ _ 


15 


16 


of the second part, 


UxEttueSSCth: That the party of the second part for the consideration hereinafter mentioned, covenants and agrees to and 



29 


30 


3J 




























1 in strict and lull accordance with the requirements of d rawing* nu m lm & l - 

2 

3 

4 

5 -and such hUmn- detail drawings as may be furnished to the party of the second part by the Supervising Architect of the United States 

6 Treasury Department; the advertisement for proposals, dated July 8tll» 190 7 ; the specification for the work ; 

7 the proposal dated July 15,1907 _ , addressed to the said Supervising Architect by the said party of the 

8 second par^m^K^^Jd^ July 16, 

i) Baekman Y/inthrop, _ 


— , addressed to the said party of the second part by 

Assistant Secretary of the Treasury, accepting said proposal ; 


10 and the letter addressed July 22,1907, to said party of the second part by said Assist- 

11 ant Secretary,confirming and amplifying said telegraphic acceptance; 

12 



rue and correct copy of each of which said papers is attached hereto and forms a part of this contract; nwnbered 

17 drawings, hearing the aignat.nr a nf Mia ftitid flnpArvising A rn.hiWf-. and t.hft signature of the said party of the second part, are Qn.lile_iii.. 

18 t K* Oi)j^ Arrintrct r* Urn U n i ted S UUw Tr a n a ury D a p a r Uaaa t , aad aro harohy madft part , ftL l hia mp tmet. 

10 And the said party of the second part further covenants and agrees that the work herein agreed to be performed shall be 

20 commenced promptly upon receipt of notice of the approval of the bond hereto attached, and that the same shall be carried on in such 

21 order and at such times and seasons, and with such force as shall from time to time be directed or prescribed by the Supervising 

22 Architect or his representative, and that the same shall be completed in all its parts within forty working dtys ' * 

23 ___ 


‘24 f rom the date of the approval of said hood hereto attached ; that an m 
~ ->-<***, vimv an me work perronnwl shall be flJTmosW 


*y. best quality ol their respective 

n * an< * w °rkiiianlike manner, aud that both the materials 
-6 »«! lb. „ rk p«o™d *tallb-ln ««,, -pec. to the entire and comply „ f tte ^ 

l ■■ . t'" * 1 * * 4 “*“* °' tbC »”"■*"*»that the bond be™*, Wto ebed ,bn„ b. m „ rlty , >bo , for , he 

- perforniaDCP and fnlSIbnent of nil lb. gn.r,nt«» « forth \^SS^SS^ 

9Q 



U is expressly covenanted and. agreed by and between tire parties hereto that time is aud shall be considered as of the essence of 

4 ? th ° C0 " traCt °" the Part ° f tb,i Wfr 0f the **»•* *“ d H event that the said par ty of the second part shall fail in the due 

4(5 performance of the entir e work to be perfor med under this coat,-act, by aud at the time herein mentioned or referred to, the said p rrt • 
47 of the second part shall pay unto the party of the first part, as and for liquidated damages, aud uot as a penalty, the ^f 

' S tQn - ,i " llil,s - for , ;,, h “ d '* ver y da >’ ^ of the second part shall be in default, which said 

49 Snm ° r ten ~ ----- - 0l,ara Per day > iu View of the difficnlt y <* estimating such damages with exactness, i 8 

50 hereby expressl fixed, estimated, computed, determined, and agreed upon as the damages which will be suffered by the party of the 
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particular portiou of the work within the time so specified, or fail to complete the entire work contemplated by tnis contract within the 
time or times herein stipulated or provided for; or fail to prosecute said work with such diligence as in the judgment of the party of 
the first part will insure the completion of the said work within the time hereinbefore provided, the said party of the first part, may 
withhold all payments for work iu place until final completion and acceptance of same, and is authorized and empowered, after eight, 
days’ due notice thereof in writing, served personally upon or left at the shop, ofliee, or usual place of abode, or with the agent, 
of the said party of the second part,, and the said party of the second part having failed to take such action witliiu the said eight days 
as will, iu the judgment of the said party of the first part, remedy the default for which said notice was given, to take possession of the 
said work iu whole or in part and of all machinery and tools employed thereon and all materials belonging to the said party of the 
second part delivered on the site, and, at the expense of said party of the second part, to complete or have completed the said work, and 
to supply or have supplied the lal>or, materials, and tools, of whatever character necessary to be purchased or supplied by reason o e 
default of the said party of the second part; in which event the said party of the second part shall be further liable for any damage 
incurred through such default and any and all other breaches of this contract. 


It is further covenanted and agreed that the said party of the first part shall have the right of suspending the whole or any part 

S' o: ’ J* ). ' . 

of the work herein contracted to be done, whenever, in the opinion of the Supervising Architect, it may be necessary foi the purposes 

rhe erturorva in linen 1.6.^,16,17,10, mai 2, ud .. 

or advantage of the work, and upon such occasion or occasions the said parly of the second part shall, without expense to the United 

terllnaatlona In line a 8. p age 2. apJL.ll, jmiia ♦ ^ .<■ 

States, properly cover over, secure, and protect such of the work as may be liable to sustain injury from the weather, or otherwise ; 
provided that for all such suspensions and other delays caused by the said party of the first part the party of the second part shall be 
allowed one day additional to the time herein stated, for each and every day of such delay so caused, in the completion of the contract, 
the same to be ascertainod by the Supervising Architect j provided, that no claim shall be made or allowed to the said party of the 
second part for any damages which may arise out of any delay caused by the said party of the first part. 

And the said party of the first part, acting for and in behalf of the United States, covenants and agrees to pay, or cause to be 

* ..* hoi,,, «««-«. rwiminiMimtom, or Hiiccossors, of the said party of the second 

I HI J. 1 »/||| """‘<0 Of the United States, id consideration of the herein recited covenants and agreements made by the party of 


the second part, the sum of * A r _ , , 

two thousand three hundred fifty (2,350.)dollars. 


upon, 
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... A.mi-41ui putty of tim fir *. t p u r l. c ovenan t* au U a gro M* that paym e nt * wi l l b e ma ds in th e following m a n n o r , wt a iaoty p e r o ant- 
fH 4h <> vn 1 in* of tho ^ vo t* U ohoohUhI - whI no *4*U4 y 4- n pla** », to th<» s at i a foot party of tho - fimt p a r t* will b e paid from time fr o ti me* 

> p » 4b t*- w < ^k prngiM^m . thoonid vafoo to ) ^ a** « o p t » imMl - \w the - party of jho- fiwfo pwft)) «a nd ton pop oont thopoof will bo potoiuod m rt tf - 

the completion of the entire work, and the approval and acceptance of the same by the party of the first part, which amount shall be 
forfeited by said party of the second part in the event of the nonfulfillment of this contract; it being expressly covenanted and agreed 
that said forfeiture shall not relieve the party of the second part from liability to the party of the first part for any and all damages 
sustained by reason of any breach of this contract; provided, however, that no payment hereunder shall be due to the said party of the 
second part until every part of the work to the point, of advancement reached—on account of which payment is claimed—shall be found 
to be satisfactorily supplied and executed in every particular and any and all defects therein remedied to the entire satisfaction of the 
said party of the first part, ^ _ 

1 or Delegate to. 

It is an express condition of this contract that no Member ofy^ongress, or other person whose name is not at this time disclosed, 
shall be admitted to any share in this contract, or to any benefit to arise therefrom; and it is further covenanted and agreed that this 
contract shall not be assigned. 

_____ %fl Witness lUltCECOf, The parties hereto have hereunto subscribed their names this 

23d day of July A.D. 1907# _ 
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The erasures in lines 1,5,8,16,17,18, page 2, and 1,2,3,page 5, and the in¬ 
terlineations in lines 8, page 2, and 11, page 5, were made before the exeou- 



H iinesse* to the signature of the Contractor: 


H.Herbert Toogood 
HaW.Hinchman 


Hie Hinehman-Renton Fire Proofing Co 

~ , SEAL 

-ay J.B.Hinchman President. 


Contractor. 


Place 
Corporate 
Seal here. 


NOTE.-ltead rules carefully before executing. 
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bond. 


$no uj aU men bu tlicsc presents, That we, The Hinchmon-Renton Fire Proo. 1 ng Co.. & 007 ^° 
tion organized under the laws of the State of Colorado and having executive offices 

, and 


and County __ 

6 —*£-th© ('it^uf Denver 

G State of Colo _ 


, Couuty of 
, principal , and 


national Surety Company, of Uew York 


7 

8 

9 of the City of Hew * York 

10 State of 

11 of the City of 

12 State of 

13 the sum of one thousand two hundred fifty dollars ($1,260.), 


8tate 

***** of Hew York 

, and 


, and 


, and 

i 


, suret y , 


, County of 

are held and firmly bound untq the United States of America in 


lawful 


made to the United States, we bind ourselves, our heirs, 


14 money of the United States, for the payment of which, well and truly to be 

15 executors, administrators, successors, and assigns, jointly and severally, fix inly by the I 

L6 Sealed with our seats and itated this 29th day of July»A#D* 1907« ~ 

amamrn .< 1I» .MlB-tUm l. .«*, «•»»•»■“ 1)16 Hinohrma-Renton Fir. ProofingCo. 

__ has entered into a certain contract, hereto attached, with 


17 

18 


19 J.B. Reynolds, Acting __ 

20 bearing date the 23d day of July,A.D. 1907: 

21 Fire Proofing Co, _ 


Secretary of the Treasury, acting for and in behalf of the United States, 
Now, if the said The Hinohman-Renton 


22 shall well and truly fulfill all the covenants and conditions of said contract, and shall perform all the undertakings therein stipulated by 
2.8 it to be performed, aud shall well and truly comply with and fnlfili the conditions of, and perform all of the work and furnish all 

- additions to, or omissions from, said contract which may hereafter be made, 


24 the labor and materials required by, any and all changes in, or £ 


- ■■■■—■ n~.. v*.- —x- to i_»o performed in any aud all such changes in, or additions 

2G thereto, notice thereof to the said surety being hereby waived, and shall promptly make payment to all persons supplying 

27 it labor or materials in the prosecution of the work contemplated by said contract, then this obligation to be void ; otherwise, 

28 to remain in full force and virtue.__ __ 


29 

30 

31 


gn testimony wftctxof, The said The Hino haan-Iienton Fire Proofing Co_, 


^principal , and Rational Surety Company, of 


32 Hew York 

33 and 

34 have hereunto subscribed their hands and affixed their seals the day first above written. __ 

Signed, sealtd, and delivered in presence of — 


surety. 
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.1.Herbert Toogood 

Denver,Col°* 

E.W.Hinchman 
Denver,Colo. 


C.H.Toneray 
Denver,Colorado 
C.T.Martin,Denver,Colorado. 


The Hinohman-Renton Fire Proofing Co. SEAL 


By J.B.Hinohman President 


SEAL 


Rational Surety Company 

By Ralph W.Smith 

Attorney in fact. 


SEAL 


SEal. 
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NOTE,—Read rules carefully before executing. 
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